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Dear Dan: 


As of May 19, 1957 the costs incurred under Contract A103 were 
$87,530 against the authorized cost amount of $92,380. Charges 
under the contract have been running about $3,000 per week. At this 
rate, it is probable that we will exceed the funds authorized during 
the week ending June 2. Since we will not have definitized the con- 
tract by that date, your authorization of additional funds is requested. 


The funds allotted under Al01 for field service support in this 
country have also been expended. We are preparing a proposal 
covering the additional field support work required as a basis for 
additional funding under the Al01 contract. Since these funds cover 


the training of field service personnel, the support rendered at such 
25X1A _—jocal sites > mea Edwards, and the miscellaneous support 
for the installation of data reduction and similar projects, we assume 
that you want us to continue providing such support. We hope to have 
a proposal covering the additional work in your hands by the end of 
June. 
Sincerely, 


Bob 
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